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BILL NO. $-87-09- 37 


SPECIAL ORDINANCE NO. s- of S Ky 


AN ORDINANCE approving Change Order 

No. 1, Res. 6068-86, Berry Street, 

vith Gaines Construction, in connection 
vith the Board of Public Norks 

and Safety of the City of Fort 

Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 


SECTION 1. That Change Order No. 1, Res. 6068-86, Berry 


Street, with Gaines Construction, in connection with the Board 


‘of Public Works and Safety, for: 


this Change Order is necessary 
because not all quantities were 
necessary to construct project; 
saving some curb and 4" concrete 
sidewalk allowed a reduction in 
original contract price; 


involving a net decrease of Three Thousand Four Hundred Four 


and 50/100 Dollars ($3,404.50), all as more particularly set 
forth in the specifications, and which is on file with the Office 


of the Board of Public Works and Safety and is by reference incor- 


porated herein, made a part hereof, and is hereby in all things 


‘ratified, confirmed and approved. 


SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 






ouncilmember 


APPROVED AS TO FORM 
AND LEGALITY 






uce 0. Boxberger, 


SIS aes sime in full anë on motion by e 



















Seconced hy , and duXy ed, ad gee Në 5 Secondi tin: 
by title and rerér-sa to ens Committee ie. ae (and the Ci: 
PRI Çoles tan E recconmandaticn) and Rhames Hoar vic LO tend ne ee 
dus legal notice, at the Council Cham City-County Buildi 7 avr 
inceanss PT 

e DEUN 





RA E. KENNEDY, CITY CLERK 


Read th hirë, time in full ana on motion by Loe te “ 
- PS SS SS i ëse e, 
seconced by e Pe : and duly adopted, Dlaced on it 























passage. PASSE (LOS?) by the tollowing vote: 

acne” NAYS ABSTAINED ABSENT  TO-WIT: 
TOTAL SVOTES di SH fa 
BRADBURY On a he. bees es 
BURNS per, Pag 
EISBART E : 
GiaQUINTA RA ia ee eee ih SR SR LE SP 
HENRY E PA 

Si ees Sic ee een ee E Ee ES 
REDD ees 

seas Ee sass Se CE a 
SCEMIDT ae” E as 
STIE? _& oe SË KË Gri Ee a. 
TALARICO Se 





SANDRA E. KENNEDY, CITY CLERK 


Passed and qete by the Common Council of the es Port 


Wayne, Indiana, as (ANEXATE) — (APPROPRIATION — fOPNERAT) 
(SP SGJAR) KLZONING MAP) ORDINANCE Bre 
on the LARA day of CE Ki) PSR I9 KË ka 


ATTEST: U 
O 

L Ë Kot oe SA koj 

SANDRA B- KENNEDY, ERDY -CRERR ; PRESIDING OFFICER 


Presented by me to the Mayor of the City of Fort Wayne, Indiana, 


on the SPL day of VE ae í Pa ie Pyra 


at the hour of PA QA o'clock Bais MESIT. 
m de RI a SOE, 
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Approved and signed by me this e. RE ’ 
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19 F at the hour oi TE o'clock 





WIN MOSES, JR., MAYOR 
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` CHANGE ORDER 


Change Order No. 1 
Project No. 


PJ ASH 
va 
Resolution No. 6068-86 


Board Order No. 205-86 
Date fo Op Lap ON ar ere 


Name of Project Berry Street 


To: GAINES CONSTRUCTION 
(Contractor) 


Gentlemens 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 






Description of Change Change in Contract Price 
No. | Quantit Unit Price Increase 












Total Decrease 


Total Increase 


Net (Decrease) ( KAKXEAKKJ Contract Price 3,404.50 


The sum of $ 3,404.50 is hereby (addeaxte) (deducted from) the total contract 
price, and the final contract price shall be adjusted as follows: 
Original Contract Price Gu Sel 9594 SO 
Current Contract Price Adjusted by Previous Change Order $ —------ 
New Contract Price Including this Change Order $- 16,189.80 


The time provided for completion in the contract for this project is (unchanged) (increased) 
(decreased): byrr nanem- calendar days due to this Change Order. The date for completion 
of all work shall þe Furthermore, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 


Recommended by: J AY A J, KA hief dë 7. Engineer Date M/Z 
FIAT - x ë 
Accepted by: £) ZNAJ LI Contractor Date Y L et 


Approved by: Leuk V e ss, A ME ort Engineer) Date a TAG 7 
Se <r DE 
Approved b 4) >» (Owner) Date 7 — 
/ Vo 
AMG 


Ose KA a 
Date dr 


je. y 
Attested by: [we GL oe KHAN AAK 


t- 


Change Order No. 
Resolution No. 
Board Order No. 


REQUEST AND JUSTIFICATION FOR CHANGE 


if 


Necessity for change: 





Not all quantities were necessary to construct project; saving some curb and 4" 





concrete sidewalk allowed a reduction in original contract price. 























Will proposed change alter size of the project? Yes No XX 


If yes, explain: 








Affect on operation and maintenance cost of this project: 


N/A 








Engineer 


Denny Root, Project 
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$445.00 1 $16,189.80 1 $19,394.30 | 
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BY a Admn. Anor. 
TITLE OF ORDINANCE Change Order #1, Res. 6068-86, Berry Street 








DEPARTMENT REQUESTING ORDINANCE BOard of Public Works & Safety 


Change Order #1, Res. 6068-86, Berry Street, is 


a 





SYNOPSIS OF ORDINANCE 
necessary because not all quantities were necessary to construct 








project; saving some curb and 4" concrete sidewalk allowed a re- 





duction in original contract price. Gaines Construction is the 


contractor. -F 7OERS 




















EFFECT OF PASSAGE Savings in contract price. 





EFFECT OF NON-PASSAGE 








MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Decrease of $3,404.50 





ASSTGNED TO COMMITTEE 





BILL NO. S=3 7-09-30 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 
WE, YOUR COMMITTEE ON PUBLIC WORKS TO WHOM WAS 
a T T TT T t9t9t92)-2)9)$ 


REFERRED AN (ORDINANCE) RESORUTION). approving Change Order 


No. 1 Res. 6068-86, Berry Street, with Gaines Construction, in I 


connection with the Board of Public Works and Safety of the City 


-of Fort Wayne, Indiana i e a : 
a a 
ESE SS Që U 








, HAVE HAD SAID (ORDINANCE) (KËSOKGSISN) UNDER CONSIDERATION AND BEG 
è E 
LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


(RESDIXITLONY 
YES. 





Is 
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j 
af ey j histo, J. TALARICO 


CHAIRMAN 





Pd 
7] 
et 

VA ZH. < E Ak e AA AL - E NET G p BRADBURY 
E E E A are CE CHAIRPERSON —_————— 





es M. BURNS 


JAMES S. STIER 





ie wo . <_<. CHARLES B. REDD 
CONCURRED IN KOHA 7 SANDRA E. KENNEDY 
CITY CLERK 





